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Gentlemen : 

1. This document constitutes Amendment No. 2 to Contract 
No. SM-2147 which was entered into, by and between the parties 
as of 18 April 1966. 

2. By this Amendment No. 2 and in accordance with the 
Changes Clause of the General Provisions, it is the Govern- 
ment s desire to expand the Scope of Work under PART I of the 
Schedule as follows: 

(A) Under A of PART I - ARTICLES TO BE FURNISHED 
the Contractor shall perform additional work as set 
out in its proposal dated 12 August 1966 entitled 
"Addendum B to the Purchase Description for Gamma I 
Rectifiers . " 

(B) Addendum B dated 12 August 1966, which in- 
cludes the preparation of the accuracy test procedure 
with related computer programming, and the actual testing 
required to verify each rectifier's accuracy, is in- 
corporated herein and made a part hereof by reference. 

Also by this Amendment No. 2 and in consideration for 
the expansion in scope, PART III - CONSIDERATION AND PAYMENT 
is deleted in its entirety and the following is substituted 
therefor: 

1ft accordance with Clause 7 of the General Provisions 
entitled Payments , the Government shall pay to the Contractor 
upon satisfactory performance of this contract and as full nav 
ft ^ — f . or — the — supplies t o be furnished hereunder 
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4. All other terms and conditions shall remain the same 
and in effect. 

5. Please indicate your acceptance of this Amendment No. 

2 to Contract No. SM-2147 by executing the three enclosed copies 
The original and one copy are to be returned to the undersigned; 
the remaining copy may be retained for your file. 

Very truly yours, 

THE UNITED STATES GOVERNMENT 


25X1 

Contracting omcer 


ACKNOWLEDGED AND ACCEPTED 



Approved For Release 2003/09/36 


fe 


69B00279R0002001 2001 3-7 




